O GO; 8) SAS Ss ON. He HOO a 


N wo N N FSF FF FF FSF FSF FSF FEF FSF FS 























BILL NO. s-87-12-/ 9 


SPECIAL ORDINANCE NO. S- PB 


AN ORDINANCE approving the Contract 
for Res. 1038-87, Wayne Trace-Fleming 
Avenue Water Extension, between 

the City of Fort Wayne, Indiana 

and Scheidleman Excavating, in 
connection with the Board of Public 
Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the annexed Contract for Res. 1038-87,, 
Wayne Trace-Fleming Avenue Water Extension, between the City 


of Fort Wayne, by and through its Board of Public Works and Safety 


? 


and Scheidleman Excavating, is hereby ratified, and affirmed 
and approved in all respects. The work under said Contract requires: 


the following: for the furnishing 
of all labor, equipment, tools, 
power, transportation, miscellaneous 
equipment, etc., necessary to install 
920+ BF. OF 12", and, o0 LF. 

of 6" CL. 50 Ductile Iron Water 

Main Pipe as follows: On Wayne 
Trace from Sherwood Terrace South- 
ward to Fleming Avenue; also, on 
Fleming Avenue, from Wayne Trace 
eastward to its terminus at Bueter 
Avenue; 





the Contract price is Forty-Two Thousand Three Hundred Nine and 
No/100 Dollars ($42,309.00). 
SECTION 2. Prior Approval is being requested from 


Common Council, with respect to this Contract, on December 8, 





1987. Two (2) copies of the Contract, attached hereto, are on 
file with the City Clerk, and are made available for public inspection 
according to law. 
SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


Se a eee ES AS 
TAL oya SCONO ERED 4 o A 
APPROVED AS TO FORM 
AND LEGALITY 






Bruce O. Boxberger, 


/ 











Read t first time in full and on motion by Pec 2 
seconded by A a , and duly adopted, ,redd the second time 
by title and referred to the Committee j 

Plan Commission for recommendation). and Publi 
due legal notice, at the Council Chambe i 


Indiana, on 


Fort Wayne, 
h . ‘day of 
nee be mat Oo Glock -M.,E.8. 











seconded by 


passage. PASSED (SSF) by the following vote: 


AYES NAYS f ABSTAINED ABSENT TO-WLT = 


ca Gemini nein ee 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


aiara ed [yi 


TALARICO 


DATE: JARRI ere, £ [ee 


SANDRA E. KENNEDY, CITY CLERK 





Passed and adopted by the Common Council of the City of Fort 








Wayne, Indiana, as TATION) (GENER 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) NO. S aE 
on the a Dy pe day of [Cte Ke? i 19d 7 fs 
3 ATTERT JJ 
A f ; Pa E A TE A AP 


E ee io neh eee ee 
SANDRA E. KENNEDY, CITY CLERK 





on the 23 tt) day of 
at the hour of i : & Oo? ö'elock: ” e 








SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this AZ Kaay of IE SDS F j 
19 7 -at the nour. of fo p siela > M. E.O 3. 


fe 


WIN MOSES, JR., MAYOR 
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NOTICE OF AWARD 


TOs Scheidleman Excavating, Inc. 





6117 Stoney Creek Drive =. 





Fort Wayne, IN 46825 





PROJECT DESCRIPTION ` Res. 1038-87, Wayne Trace-Fleming Avenue 


The OWNER has considered the BID submitted by you for the above-describeé 
WORK, in response to its advertisement for bids dated 


You are hereby notified that yourBID has been accepted for items in the 
amount of $ B23 090%. 0 0 eis yess 


You are required to furnish Contractor's Performance and Guaranty Bond, 
Payment Bond and Certificate of Insurance within ten (10) calendar 
days from the date of this Notice to you. 


If you fail to execute said Agreement and to furnish said bonds within 
ten (10) days from the date of this Notice, said OWNER will be entitled 
to consider all your rights arising out of the OWNER'S acceptance of 
your BID as abandoned and as a forfeiture of your BID BOND. The OWNER 
will be entitled to such other rights as may be granted by law. 


You are required to return an acknowledged copy of this NOTICE OF 
AWARD to the OWNER. 


Dated this 2nd day of ` December, 1987. 


ACCEPTANCE OF NOTICE City of Fort Wayne 
Board_of Public Works & Safety 





e 





Receipt of the above NOTICE OF 
is hereby acknowledged by 








City of Fort Wayne 


f < Mayor 
Compliance: Laf tk a SS 





Award Date: Dec, 2, 1987 








PROPOSAL 


CITY OF FORT WAYNE, INDIANA 
BOARD OF PUBLIC WORKS AND SAFETY 


The contractor agrees to furnish at his/her/its own cost, all 
labor, insurance, equipment, and power for the complete performance of 
the following project: Resolution No. 1038-87; Wayne Trace-Fleming Avenue 


For the furnishing of all labor, equipment, tools, power, transportation, miscellaneous 
equipment, etc., necessary to install 920+ L.F. of 12" and 800+ L.F. of 6" CL. 50 
Ductile Iron Water Main Pipe as follows: On Wayne Trace from Sherwood Terrace South- 
ward to Fleming Avenue; also, on Fleming Avenue, from Wayne Trace Eastward to its 
terminus at Bueter Avenue. . 


All work will be performed in accordance with: Resolution 1038-87 
The bidding documents and the applicable plans, specifications, and 
drawings. The contractor agrees to perform the work for those unit 
prices as set forth in the bid attached hereto. 


FJ LIQUIDATED DAMAGES PROVISION. (THIS CLAUSE SHALL BE APPLICABLE TO 
THIS CONTRACT ONLY IF THE BOX CONTAINS A CHECKMARK OR AN "X,") 
It is hereby agreed by and between the City of Fort Wayne and 
Contractor, that time is of the essence of this agreement, and, the 
contractor agrees that it will complete the project as herein defined 
on or before days after issuance of the Notice to Proceed. The 
parties agree that it is a business and governmental necessity that the 
project be completed by this date, that it will be difficult or 
impossible to make an accurate determination of the damages that would 
be incurred by the City of Fort Wayne; and, therefore, provide for 
liquidated damages in the sum of $ per day for each and 
every day after days after issuance of the Notice to Proceed, 
that the project remains incomplete. The parties agree that the sum of 

per day is a reasonable estimate as to the damages, which 

would be incurred by the City of Fort Wayne. The parties further agree 
that causes beyond the control of the contractor may delay the 
completion date. Therefore, the parties agree that delays in the 
completion date beyond the control of the contractor shall not result 
in liquidated damages. 


Delays beyond the control of the contractor can include, but are not 
necessarily limited to, the following: Acts of God, strikes, lockouts 
or industrial disturbances, acts of public enemies, restraining orders 
of any kind by the government of the United States of America, or, of 
the State of Indiana, or any of their departments, agencies, or 
officials, or any civil or military authority, insurrections, riots, 
landslides, earthquakes, fires, incapacitating storms, floods, and 
explosions. 





In submitting this bid, it is understood, that the ri 


the Owner to reject any and all bids, 
bid. 


IN WITNESS WHEREOF, the bidder (a firm) by its owner(s) named below, 
eS fee 


hereunto set hand(s) and seal this 


ADDRESS: 


ght is reserved by 


and to waive any defect in any 


day of 











TELEPHONE: 





IN TESTIMONY WHEREOF, the bidder (a corporation) has caused this 
proposal to be signed by its President and Secretary, and, affixed its 


corporate seal this 25th day of 


November 





7o19 ‘BL. 


Scheidleman Excavatin ince: 
NAME OF CORPORATION 


ADDRESS: 


ATTEST: 


P laal Ga 


M. Carol Cicero 
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BID 


ai CITY OF FORT WAYNE, INDIANA 
fee IMPROVEMENT TO FORT WAYNE WATER UTILITY 


WATER RESOLUTION NO. 1038-87 WAYNE TRACE-FLEMING AVENUE 





ITEM QUANTITY DESCRIPTION Se EXTENSION 

1 950+ LF 12" D.I. CL. 50 Water Main $17.35 $16,482.50 

a 2 900+ LF 6" D.I. CL 50 Water Main $12.47 $11,223.00 
ae 3 2 EA 12" Gate Valve W/Box $791-.16 $ 1,582.32 
4 3. EA 6" Gate Valve W/Box $308.94 $ 926.82 

5 2. EA 12"x12"x6" MJ Tee (Restrained) $343.14 $ 686.28 

6 1 EA 12"x22%° MJ Ell (Restrained) $266.76 $ 266.76 

7 1 EA 6"x45° MJ Ell (Restrained) SUI. 72:9 111:72 

8 2- EA Type III Fire Hydrant Assembly (on 12") $1427.28§ 2,854.56 

9 2 EA Type III Fire Hydrant Assembly (on 6") $1320.12$ 2,640.24 

10 200+ LF Stone Drive Replacement $ 6.60 $ 1,320.00 

11 350+ SF Concrete Drive Replacement $ 3.37 $ 1,179.50 

12 60+ LF Asphalt Pavement Replacement $10.00 $ 600.00 

is 13 10+ LF 2" Concrete Rolled Curb Replacement $11.50 $ 115.00 
R 14 10+ LF 3' Concrete Walk Replacement $ 3-37 $ 33:70 
15 1,5254 LF Grass Restoration $ 1.50 $ 2,287.50 

$42,309.90 


All work shall be completed within 30 days after issuance of the NOTICE TO 
PROCEED. THOSE DAYS, WHICH THE CONTRACTOR CANNOT WORK, BECAUSE OF SEVERELY 
INCLEMENT WEATHER, SHALL NOT BE COUNTED. 




















NOTE. 1; 
Use this form, if Cashier's or Certified Check accompanies bid. 


Enclosed herewith, find Cashier's or Certified Check for $ 





being 5_% of the maximum bid herein, made payable to: 
THE CITY OF FORT WAYNE, INDIANA 


the proceeds of which, are to remain the absolute property of said 
City; if 

BIDDER 7 
shall not within _10 days after Notice of Acceptance of the within 
bid, enter into a written Contract, and secure said contract by a 
Performance Bond, for the full amount of the Contract to the approval 
of the proper officials of said City. 


aaa 
NOTE 2: 


Use this form, if Bidder's Bond accompanies bids. 


Enclosed herewith, find a Bidder's Bond in an amount equal to five (5%) 
per cent of maximum bid herein, subject to the approval of the Board of 
Public Works and Safety, conditioned as follows: 


That if the Board of Public Works and Safety shall award 


the Contract for said work, and, if 


Scheidleman Excavatin Inc. 


BIDDER 
shall enter into a Contract and furnish a 100% Performance Bond, 
as required, within ten (10) days from the date, he/she/it is 
notified of the acceptance of his/her/its bid, then the obligation 
of said bond shall be null and void; otherwise, to remain in full 
force and effect. 














NON-COLLUSION AFFIDAVIT 


The Bidder, by its Officers and 





agents or representatives present at the time of filing this bid, being 
duly sworn on their oaths, say that neither they nor any of them have 
in any way, directly or indirectly, entered into any arrangement or 
agreement with any other bidder, or with any public officer of such 
City of Fort Wayne, Indiana, whereby such affiant or affiants or either 
of them, has paid or is to pay to such other bidder or public officer 
any sum of money, or, has given or is to give such bidder or public 
officer anything of value whatever, or such affiant or affiants or 
either of them has not directly or indirectly, entered into any 
arrangement or agreement with any other bidder or bidders, which tends 
to or does lessen or destroy free competition in the lettering of the 
Contract sought for by the attached bids, that no inducement of any 
form or character other than that which appears upon the face of the 
bid will be suggested, offered, paid or delivered to any person, 
whomsoever to influence the acceptance of the said bid or awarding of 
the Contract, nor has this bidder any agreement or understanding of any 
kind whatsoever, with any person whomsoever to pay, deliver to, or 
share with any other person in any way or manner, any of the proceeds 


of the Contract sought by this bid. 
Scheidleman Excavating 





Subscribed and sworn to before me by _ John D. Scheidleman, Pres Seren, 
~» KA / 5 T 
S 


Wd, 
Ree ost Uap 
3 > 


this 25th day of November , 19 87 . Sc 


Jy 


My Commission Expires: NT eFC 


M. Carol Cicero foe 

10/27/88 NOTARY PUBLIC 5 Orn: RES 
Resident of Allen County )}\| EN 

MUTT } x mì 


~ 











Subscribed and sworn to before me by 





this day of ae Be 





My Commission Expires: 





NOTARY PUBLIC 
Resident of County, IN 


8 8 8 88°00 0 0 OE °2°2°2°2°0°20°2°2°020000z0000zz£z2zzzz£zz£z£z£z£z£z£z£°£z£z£°=——€0e=> 


Subscribed and sworn to before me by 
this day of Stas 2 


My Commission Expires: 





NOTARY PUBLIC 
Resident of County, IN 




















CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 


I John D. Scheidleman the President 


, 





Name 


, the Scheidleman Excavating, Inc. 
Position Company 


HEREBY CERTIFY: 


i; That the Financial Statement of said Company, dated the Porh day 
of September ,. 19 26, now on file in the office of the 
Board of Public Works & Safety of the City of Fort Wayne, Indiana, 
which Financial Statement is by reference incorporated herein and 
made a part hereof, is a true and correct statement, and, 
accurately reflects the financial condition of said Company, as of 
the date hereof; and, 


2% That I am familiar with the books of said Company, showing its 


financial condition and am authorized to make this Certificate on 
its behalf. 


11/25/87 






DATED: 
cheidleman 





Signatur 


President, Scheidleman Excavating, Inc 
Title 


SUBSCRIBED AND SWORN to before me,. a Notary Public, in and for said 
County and State, this _25th day of November -19 ain, 
OH NY bye 


4) 
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i Ir 
7-2, 

iti oh Ali at es al, eee BRE at 
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UN 
M. Carol Cicero Bs, ay 
NOTARY PUBLIC Be PS roe OS 
Resident of Allen County, TA 


Ta oS 


My Commission Expires: 


eea 0/277 68 ee 


MBE/WBE COMMITMENT FORM 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE GOALS OF 
THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


A. 


_—__—— 

















The undersigned firm certifies that it is an MBE/WBE 
Contractor (cross out inapplicable provision). 


For MBE specify percentage of minority ownership %. 


$. 


The undersigned certifies that they are a joint venture 
in which the following (MBE/WBE) firm 

(cross out inapplicable provision) is a joint venture 
partner. 


For WBE specify percentage of women ownership 





The MBE/WBE firm (cross out inapplicable provision), 
shall have % participation (employees) 
participation (costs) in this project. 


Specify the percentage of minority/women ownership in 
the MBE/WBE firm %. (Cross out inapplicable 
provision.) 


The undersigned commits _7 % of the total bid price as 
a subcontract to minority business enterprise 
participation. The MBE firms, which are proposed as 
subcontractors, are the following: 


NAME OF FIRM ADDRESS TYPE OF WORK 

l Oxendine. Trucking Fort Wayne Stone Materials 
2 Fowlkes Trucking Fort Wayne Stone materials 
3.__Ray Roman & Sons Fort Wayne Stone Materials 
SG ELT ETD J PE TPE CREE EE Ela bean for a 


The undersigned commits _» % of the total bid price as 
a subcontract to women business enterprise 
participation. The WBE firms, which are proposed as 
subcontractors are the following: 


NAME OF FIRM ADDRESS TYPE OF WORK 


1._Statewide Trucking Fort Wayne Stone Materials 

2._Harlow Enterprises Fort Wayne Landscaping 

Se ; 
E E ea NE NP ea EER EIE T a os eee 


E. Complete (1.) and (2.) below if participation goals of .7% MBE 
qe and 2% WBE have not been.met. 


1. My Company cannot meet the participation goals for the 
following reasons: 


vm ees 
Cc O rrr ee 
eee ee 


2- We have taken the following steps in an attempt to 
comply with these participation goals: 





(Attach additional sheets as necessary.) 


















Contractor: _Scheidteman Sxravatingds lec. Contractor: 
By: ig A By: 
i PAO O25 
Its; John D. Scheidleman,“President Its: 
ee ee a Soe A eon ee 








P-9 


"MINORITY/FEMALE HOURLY UTILIZATION" 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE HOURLY 
UTILIZATION. 


A. The undersigned firm certifies that it will employ and 
utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females, so that 
minorities and females will work at least _17 % of the total hours 
worked on this project. 


B. Complete (1) and (2) below if the hourly utilization figure 
set forth in "A" is less than 17%. 


e l. My Company and its subcontractors cannot meet the 17% 
ae minimum hourly utilization figure for the following 
reasons: 


TT S 
ee ee 
SSSR ee ETE NS Tc Te, Cee acd earch 
EBISU NES 05S see Sc a cs te A 
ee ee E 


2's My Company has taken the following steps in an attempt 
to comply with the 17% hourly utilization figure: 





Hons re ATS a a O a cE EEN CZ vl CES 
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(Attach additional sheets, if necessary.) 


CONTRACTOR: Scheidleman Excavating, Inc. 





eae John D. Scheidleman, PreSident 





A.1.A. Document No. A-310 
(February 1970 Ed.) 


mm  WaUSaU eens 
Any correspondence in relation to this 
Insurance bond should be directed to: 


A Wausau Insurance Companies 
Companies Surety Underwriting 
® 2000 Westwood Drive 
Box 150 
Wausau, Wisconsin 54401 





BID BOND 
KNOW ALL MEN BY THESE PRESENTS, that we, Scheidleman Excavating, Inc. 
as Principal, hereinafter called the Principal, and EMPLOYERS INSURANCE OF WAUSAU A Mutual Company 


a corporation duly organized under the laws of the State of Wisconsin as Surety, hereinafter called 
the Surety are held and firmly bound unto City of Fort Wayne 


as Obligee, hereinafter called the Obligee, in the sum of 5% of bid amount 
Dollars ($ ), 


for the payment of which sum well and truly to be made, the said Principal and the said Surety, bind ourselves, our 
heirs, executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, the Principal has submitted a bid for Wayne Trace - Fleming Ave. 
1038-87 


NOW, THEREFORE, if the Obligee shall accept the bid of the Principal and the Principal shall enter into a 
contract with the Obligee in accordance with the terms of such bid, and give such bond or bonds as may be 
specified in the bidding or contract documents with good and sufficient surety for the faithful performance of such 
contract and for the prompt payment of labor and material furnished in the prosecution thereof, or in the event of 
the failure of the Principal to enter such contract and give such bond or bonds, if the Principal shall pay to the 
Obligee the difference not to exceed the penalty hereof between the amount specified in said bid and such larger 
amount for which the Obligee may in good faith contract with another party to perform the work covered by said 
bid, then this obligation shall be null and void, otherwise to remain in full force and effect. 


Signed and sealed this 25th day of November A.D. 1987 
Scheidleman Excavating, Incorporated 
g) Jal A (Principal) (Seal) 
emm cal e a s (Witness e A ot ras Pe en as hed > KoF 
iA 





vy) i i if 5 
EMPLOYERS INSURANCE OF WAUSAU A Mutual Company ) 


SS Sn Se 


Suret ; Cy (Sealy’ 
(Surety) ; T J owe ON 


ny 


g Misdartdal, _ S 


P. Michael Voelz Attorfiey'in-Pact 





(P) 815-4254 11-82 PRTD. USA 


) 


THIS < 


oe 


EMPLOYERS INSURANCE OF WAUSAU A Mutual Company 


POWER OF ATTORNEY 
(FOR BID BONDS ONLY) 


KNOW ALL MEN BY THESE PRESENTS: 
That the EMPLOYERS INSURANCE OF WAUSAU A Mutual Company, a corporation duly organized and existing under 
the laws of the State of Wisconsin, and having its principal office in the City of Wausau, County of Marathon, State of 


Wisconsin, has made, constituted and appointed, and does by these presents make, constitute and appoint 


P. MICHAEL VOELZ 











its true and lawful attorney-in-fact, with full power and authority hereby conferred in its name, place and stead, to execute, 
seal, acknowledge and deliver ANY AND ALL BID BONDS OR WRITTEN DOCUMENTS INVOLVING BID GUARAN- 


TEES OR IN THE NATURE THEREAFTER 





and to bind the corporation thereby as fully and to the same extent as if such bonds were signed by the President, sealed with 
the corporate seal of the corporation and duly attested by its secretary hereby ratifying and confirming all that the said 
attorney-in-fact may do in the premises. 

This power of attorney is granted pursuant to the following resolution adopted by the Board of Directors of said Company ata 
meeting duly called and held on the 18th day of May, 1973, which resolution is still in effect: 


“RESOLVED, that the President and any Vice President — elective or appointive — of EMPLOYERS INSURANCE OF 
WAUSAU A Mutual Company be, and that each of them hereby is, authorized to execute powers of attorney qualifying 
the attorney named in the given power of attorney to execute on behalf of EMPLOYERS INSURANCE OF WAUSAU A 
Mutual Company bonds, undertakings and all contracts of suretyship; and that any secretary or assistant secretary be, 
and that each or any of them hereby is, authorized to attest the execution of any such power of attorney, and to attach 
thereto the seal of EMPLOYERS INSURANCE OF WAUSAU A Mutual Company.” 


“FURTHER RESOLVED), that the signatures of such officers and the seal of EMPLOYERS INSURANCE OF WAUSAU 
A Mutual Company may be affixed to any such power of attorney or to any certificate relating thereto by facsimile, and 
any such power of attorney or certificate bearing such facsimile signatures and facsimile seal shall be valid and binding 
upon the EMPLOYERS INSURANCE OF WAUSAU A Mutual Company when so affixed and in the future with respect 
to any bond, undertaking or contract of suretyship to which it is attached.” 


IN WITNESS WHEREOF, EMPLOYERS INSURANCE OF WAUSAU A Mutual Company has caused these presents to be 
signed by the senior vice president and attested by its assistant secretary, and its corporate seal to be hereto affixed this SE day 


hc OCTOBER Mr ae ERZ 


Attest: 


R. 








EMPLOYERS INSURANCE OF WAUSAU A Mutual Company 






By 


~ R.C. Retterath Senior Vice President 





J. Besteman Assistant Secretary 


STATE OF WISCONSIN ) 


) ss. 


COUNTY OF MARATHON ) 


IS NOT A VALID POWER OF ATTORNEY II 


D 


c 


THI 





On ths —IST — day of iat ste OC TOBER S See ages . 19 87_. before me personally came 


R. C. Retterath . to me known, who being by me duly sworn, did depose 
and say that he is a senior vice president of the EMPLOYERS INSURANCE OF WAUSAU A Mutual Company, the corporation described in 
and which executed the above instrument; that he knows the seal of said corporation; that the seal affixed to said instrument is such corporate 
seal and that it was so affixed by order of the Board of Directors of said corporation and that he signed his name thereto by like order. 





IN WITNESS WHEREOE. | have hereunto set my hand and affixed my official seal the day and year herein first above written. 


Patricia A. Kleman Notary Public 
NOTARY PUBLIC 
STATE OF WISCONSIN 
MY COMMISSION EXPIRES JUNE 3, 1990 


STATE OF WISCONSIN) CERTIFICATE 
CITY OF WAUSAU ) ss. 

COUNTY OF MARATHON ) 

I, the undersigned, assistant secretary of EMPLOYERS INSURANCE OF WAUSAU A Mutual Company, a Wisconsin 
corporation, do hereby certify that the foregoing and attached power of attorney, WHICH MUST CONTAIN A VALIDAT- 
ING STATEMENT PRINTED IN THE MARGIN THEREOF IN RED INK, remains in full force and has not been 
revoked: and furthermore that the resolution of the Board of Directors set forth in the power of attorney is still in force. 





Signed and sealed in the City of Wausau, Marathon Crunty, State of Wisconsin, this, —.-___ ss dary 
Cela E es se ee oe] are 







R. J. Besteman 





Assistant Secretary 





NOTE: IF YOU HAVE ANY QUESTIONS REGARDING THE VALIDITY OR WORDING OF THIS POWER OF 
ATTORNEY, CALL TOLL FREE (800) 826-1661. (IN WISCONSIN, CALL (800) 472-0041) 


$15-4222-1 687 


Admn. Anpr. _ 


TITLE OF ORDINANCE Contract for Res. 1038-87, Wayne Trace-Fleming Avenue 
is se Water Beene LOM oo 7 ae 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OF ORDINANCE The Contract for Res. 1038-87, Wayne Trace-Fleming 


Avenue Water Extension, is for the following: for the furnishing 





of all labor, equipment, tools, power, transportation, miscellaneous 
equipment, etc., necessary to install 9207 Lre OF 12" and gor Loe: 
of 6" CL. 50 Ductile Iron Water Main Pipe as follows: On Wayne 
Trace from Sherwood Terrace Southward to Fleming Avenue; also, on 
Fleming Avenue, from Wayne Trace eastward to its terminus at Bueter 


Avenue. Scheidleman Excavating is the Contractor. 





PRIOR APPROVAL REQUESTED TONIGHT. 


CET e 

















EFFECT OF PASSAGE Improved water conditions at above location. 


EFFECT OF NON-PASSAGE 


eee 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $42,309.00 





ASSTGNED TO COMMITTEE 


— eS 


SS87—k2—4:0 


BILL NO. 
i BESEDA r e CAE SS 


REPORT OF THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
a ne e O N 


REFERRED AN (ORDINANCE) (RESOLUTION). approving the Contract 


for Res. 1038-87, Wayne Trace-Fleming Avenue Water Extension, 


between the City of Fort Wayne, Indiana and- Scheidleman Excavating 





HAVE HAD SAID (ORDINANCE)... (RESOEGPESKY™ UNDER CONSIDERATION. AND BEG 


„LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


ae 
YES. NO 


po iE az B- AEA CHARLES B. REDD 
; CHAIRMAN SS 





ig ORB: PAUL M. BURNS 
I VICE CHAIRMAN -a a 
i <——— 
ee ae R I THOMAS C. HENRY 
i i 
hg ff 
LYLE: BEN A. EISBART 
AG ee 
SAMUEL J. TALARICO 
ao =i ` lie 
CONCURRED IN DATAA SANDRA E. KENNEDY 





CITY CLERK 


c 
` 


